ID 

Name 

Duration 

Scheduled Start 

1 

OBTAIN PERMITS 

0d 

10/2/94 10:24am 

2 

CLEAR LAND 

5d 

10/3/94 8:00am 

3 

DIG & POUR FOUNDATION 

3d 

10/10/94 8:00am 

4 

ERECT WALLS 

<d 

10/13/94 8:00am 

5 

BUILD ROOF 

8d 

10/19/94 8:00am 

6 

UNDER ROOF 

Od 

10/28/94 5:00pm 

7 

APPLY SIDING 

3d 

10/31/94 8:00am 

8 

PLUMBING 

3w 

10/19/94 8:00am 

9 

ELECTRICAL 

4w 

10/19/94 8:00am 

10 

INSTALL FLOORS 

7d 

11/3/94 8:00am 

11 

SHEET ROCK 

2w 

11/8/94 8:00am 

12 

TRIM PACKAGE 

15d 

11/22/94 8:00am 

13 

PAINT & PAPER 

8d 

12/13/94 8:00am 

14 

LANDSCAPE 

4d 


15 

OBTAIN OCC PERMIT 

Od 

12/22/94 5:00pm 


4th Quarter 


Oct 


Nov 


Dec 




♦ 

m 

V///////////////A 
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Project: BUILD A HOUSE 

Critical 

Date: 9/20/94 

Noncritical 



Progress ■■ 
Milestone ♦ 


Summary 
Rolled Up 



Page 1 


1891080902 
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Source: https://www.industrydocuments.ucsf.edu/docs/mthm0004 































































